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SUBJECT: KIEV PROPERTIES, STRELETSKAYA - DELINQUENT INFOR- 
MATION 

REF: STATE 039447 

1 . FOLLOWING LETTER RECEIVED BY KAP FROM UPKK ON FEB 17: 
QUOTE. THE PROTOCOL OF JANUARY 19, 1978 STIPULATES THAT 
THE AMERICAN SIDE IS TO PROVIDE, PRIOR TO FEBRUARY 19, 

1978, A DETAILED PLAN-DRAWING OF THE ATTIC WITH THE LOCA- 
TION OF THE AIR CONDITIONERS AND OTHER EQUIPMENT, THE IN 
FORMATION IN PARA 12 SECTION 2 OF THE PROJECT PROPOSALS, 

THE TECHNICAL DOCUMENTATION FOR THE TYPE C AIR CONDITION 
ERS, AND THE MISSING TECHNICAL CHARACTERISTICS FOR THE 
EQUIPMENT INDICATED IN ATTACHMENT 1 OF THE PROJECT PROPOS- 
ALS. 

2. BY NOW THE BULK OF THE ABOVE-MENTIONED MATERIALS HAS 
BEEN PROVIDED BY YOU, HOWEVER WE STILL DO NOT HAVE THE 
FOLLOWING INFORMATION NECESSARY TO PREPARE THE PROJECT 
DOCUMENTATION: 

A. THE INFORMATION IN PARA 12, SECTION 2, WHICH MR. KNOOP, 

ON THE 28TH OF JULY 1977 PROMISED TO PROVIDE. 
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B. THE TECHNICAL CHARACTERISTICS FOR THE EQUIPMENT INDI- 
CATED IN PARA 15 OF ATTACHMENT 1 (THE WEIGHT OF THE CENTRAL 
AIR CONDITIONERS, THE POWER CONSUMED, THE NECESSITY FOR 
WATER SUPPLY AND SEWERAGE SYSTEM, AND THE WATER USEAGE.) 

3. WE EARNESTLY REQUEST THAT THE ABOVE-INDICATED INFORMA- 
TION BE PROVIDED PRIOR TO FEB 19. 
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4. IF THIS INFORMATION IS NOT PROVIDED BEFORE FEB 19 THEN, 

IN ACCORDANCE WITH PARA 6 OF THE PROTOCOL OF JAN 19, 1978, 

THE PROJECT-PLANNING WORK WILL BE STOPPED AT THE FAULT OF 
THE AMERICAN SIDE AND THE TOTAL PERIOD OF THE REPAIR- 
CONSTRUCTION WORK WILL BE AUTOMATICALLY EXTENDED FOR THE 
TERM OF THE DELAY IN THE SUBMISSION OF THE MISSING INFORMA- 
TION. 

5. AT THE SAME TIME, WE ADVISE THAT THE PROJECT WORK FOR 
THE INSTALLATION OF THE DRYERS VENTILATION IN BUILDINGS 12 
AND 14 CAN BE CARRIED OUT BY THE PLANNING INSTITUTE IN AC- 
CORDANCE WITH THE AMERICAN SIDE'S REQUEST OF FEBRUARY 9, 

1978. HOWEVER, TO CARRY OUT THIS WORK WILL REQUIRE 20 DAYS 
BEYOND THE TERM INDICATED IN THE CONTRACT OF JANUARY 12, 

1978. DUE TO THE FACT THAT THE WORK CONNECTED WITH THE 
PLANNING AND CONSTRUCTION OF THE DRYERS' VENTILATION SYSTEM 
IS ABOVE-STANDARD, IT MUST BE PAID BY THE AMERICAN SIDE. 

6. IF YOU AGREE TO THE ABOVE-STATED CONDITIONS, WE REQUEST 
THAT YOU CONFIRM IN WRITING YOUR CONSENT TO INSERT THE COR 
RESPONDING AMENDMENTS INTO THE PROJECT PROPOSALS AND THE 
CONTRACT FOR THE RECONSTRUCTION. 

7. AT PRESENT THE PLANNING INSTITUTE IS CONSIDERING YOUR 
REQUEST THAT THE VENTILATION SYSTEM OF AREAS 161 10, 161 1 1, 
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16123, 16126, 16304, 16402, 16010 AND 14008 BE CHANGED AND 

THE DOOR OPENINGS FOR THE GLASS DOORS BE WIDENED. YOU WILL 

BE ADVISED OF OUR DECISION ON THESE ISSUES LATER. 

8. SINCERELY, NF SACHENKO. END QUOTE. 

9. COMMENT. 

A. DEPT'S PROPOSAL IN PARA 3 REFTEL WILL BE TRANSMITTED 
TO SOVIETS NEXT WEEK. KAP/EMBASSY FEEL STRONGLY, HOW- 
EVER, THAT THIS WILL BE UNSATISFACTORY TO SOVIETS, WILL 
DELAY PLANNING, AND THEREFORE DELAY KNOOP'S TRIP. RE- 
QUEST MATERIAL BE POUCHED ASAP. 

B. CHILLERS ALSO REQUEST INFO ON WATER SUPPLY AND USAGE, 
DRAINAGE, AND POWER REQUIREMENTS FOR CHILLER UNITS BE SENT. 

C. DRYER VENTS. SINCE U.S. GOAL IS TO COMPLETE RENOVATION 
AND OPEN CONSULATE ASAP. LATE ADD-ON OF DRYER VENTS IS OF 
QUESTIONABLE VALUE. SOVIETS POINTED OUT THAT DRYER VENTS 
HAD BEEN CONSIDERED BY KNOOP DURING HIS JULY 77 VISIT, AND 
DECIDED AGAINST AT SOVIET ENGINEER'S RECOMMENDATION. ALSO, 
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NO OTHER USG APTS IN MOSCOW OR KIEV HAVE DRYER VENTS. RE- 
QUEST DEPT RECONSIDER DRYER VENT REQUIREMENT, WITH VIEW 
TOWARD ELIMINATING IT. END COMMENT. MATLOCK 
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